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Message Text 

UNCLASSIFIED 

PAGE 01 NASSAU 01044 112037Z 
ACTION FBOE-OO 

INFO OCT-01 ARA-14 ISO-OO A-01 SY-05 /021 W 

074205 120554Z/16 

R 111848Z MAY 78 
FM AMEMBASSY NASSAU 
TO SECSTATE WASHDC 963 

UNCLAS NASSAU 1044 

E.O. 11652: N/A 
TAGS: ABLD, ASEC 

SUBJECT: PUBLIC ACCESS CONTROLS AND INTERNAL STAIRWELL, 

EMBASSY OFFICE BUILDING - PROPERTY NO. L01001 

REF: STATE 100248, NASSAU 0966 

1 . A/FBO PROJECT ARCHITECT PRESENTLY AT POST HAS REVIEWED 
DRAWINGS ANDSPECIFICATIONS FOR ABOVE SUBJECT PROJECT. A 
NUMBER OF LIFE SAFETY ITEMS SUCH AS DIRECTION OF DOOR SWINGS 
AND LAYOUT OF STAIRS WERE REVISED TO COMPLY WITH U.S. AND 
LOCAL BUILDING CODE REQUIREMENTS. 

2. IN DISCUSSIONS HELD WITH CAVALIER CONSTRUCTION COMPANY 
REPRESENTATIVE IT HAS BEEN DETERMINED THAT INSTALLATION OF 
BALLISTIC STEEL PLATING AS REQUESTED BY SY WILL BE EXTREMELY 
DIFFICULT AND EXPENSIVE DUE TO EXISTING WALL CONSTRUCTION. 

IT IS THEREBY RECOMMENDED THAT EIGHT INCH CONCRETE BLOCK 
WALLS BE ERECTED WHERE REQUESTED BY SY. CELLS OF BLOCK 
WOULD BE FILLED SOLID WITH STONE AGGREGATE CONCRETE TO WITHIN 
APPROXIMATELY TWO FEET OF THE CEILING. CMU WALLS WOULD BE 
FINISHED WITH DRYWALL APPLIED TO FURRING STRIPES. MSG 

AND RECEPTION DESK WILL ALSO BE CONSTRUCTED WITH CONCRETE 
FILLED EIGHT INCH BLOCK. 

3. PROJECT ARCHITECT CONCURS WITH PROJECT PROVIDED 
MODIFICATIONS OUTLINED IN PARA ONE ARE INCORPORATED INTO 
UNCLASSIFIED 

UNCLASSIFIED 

PAGE 02 NASSAU 01044 112037Z 

CONSTRUCTION AND SY APPROVES REVISION PER PARA TWO. 

4. CONTRACTOR HAS SUBMITTED A LUMP SUM PROPOSAL OF 
DOLLARS 24,325 FOR ALL MATERIALS, LABOR, OVERHEAD AND PROFIT. 

PRICE INCLUDES INSTALLATION, LABOR OF USG SUPPLIED LEXGUARD 
DOORS, DOOR FRAMES, HARDWARE AND SPECIAL LEXGUARD VISA 
INTERVIEW WINDOW UNITS TO BE PROCURED BY POST AND TURNED 
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OVER TO CONTRACTOR. 

5. CONTRACTOR THOROUGHLY UNDERSTANDS REVISIONS AS OUTLINED 
BY PROJECT ARCHITECT. CONTRACTOR WILL REVISE ALL DRAWINGS 
AND PROVIDE ADEQUATE DETAILS FOR PROCUREMENT OF USG SUPPLIED 
MATERIALS AFTER SIGNING OF CONTRACT. 

6. EMBASSY REQUESTS AUTHORIZATION IN THE AMOUNT OF 
DOLS 24,325 TO PERMIT ENTERING INTO CONTRACT WITH CAVALIER 
CONSTRUCTION COMPANY. COPY OF REVISED DRAWINGS AND CONTRACT 
WILL BE TRANSMITTED TO DEPARTMENT WHEN COMPLETED. 

SCHWARTZ 


UNCLASSIFIED 


NNN 
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